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Message Text 



UNCLASSIFIED 

PAGE 01 COTONO 01478 011725Z 
43 

ACTION AID-59 

INFO OCT-01 AF-10 ISO-OO IGA-02 EB-11 L-03 SSO-OO DRC-01 

RSC-01 XMB-07 /095 W 

112576 

OR011345Z OCT 73 
FM AMEMBASSY COTONOU 
TO SECSTATE WASHDC IMMEDIATE 5551 
AMEMBASSY ABIDJAN IMMEDIATE 
INFO AMEMBASSY NIAMEY 

UNCLAS COTONOU 1478 



3.O. 11652: N/A 
TAGS: EAID, DM 

SUBJECT: PARAKOU-MALANVILLE ROAD LOAN 625-H-002 
REF: ABIDJAN 6772 

1. MINISTER OF PUBLIC WORKS ATCHADE AND PUBLIC WORKS 
DIRECTOR GBAGUIDI HAVE AGREED TO PRE-BID MEETING OCTOBER 
10-12 COTONOU. MRGD WILL MAKE PHYSICAL ARRANGEMENTS. 
REQUEST DORSCH BE ADVISED. 

2. SUPERVISION CONTRACT AWAITING SIGNATURE BY DORSCH. 
GBAGUIDI SAYS MRGD SIGNATURE COULD TAKE PLACE DURING 
PRE-BID CONFERENCE IF DORSCH REPRESENTATIVE CARRIES CONTRACT 
WITH HIM. 

3. MRGD WILL RAISE QUESTION AT CONFERENCE OF SUPERVISORY 
ROLE FOR IBRD-FINANCED NATIONAL LABORATORY. MRGD CONCERNED 
THAT CONTRACT MAKES NO PROVISION FOR NATIONAL LABORATORY 
PARTICIPATION IN IROJECT. 

4. MRGD HAS BEEN ADVISED OF AID APPROVAL DORSCH/MRGD 
PREQUALIFICATION RECOMMENDATIONS . 

ANDERSON 

UNCLASSIFIED 



NNN 
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Message Attributes 



Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 01 OCT 1973 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1973COTONO01478 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: n/a 

From: COTONOU 

Handling Restrictions: n/a 

Image Path: 

ISecure: 1 

Legacy Key: Iink1973/newtext/t19731060/aaaabsev.tel 

Line Count: 52 
Locator: TEXT ON-LINE 
Office: ACTION AID 

Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 1 

Previous Channel Indicators: 

Previous Classification: n/a 

Previous Handling Restrictions: n/a 

Reference: ABIDJAN 6772 

Review Action: RELEASED, APPROVED 

Review Authority: izenbeiO 

Review Comment: n/a 

Review Content Flags: 

Review Date: 04 JAN 2002 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <04-Jan-2002 by chappeld>; APPROVED <06 MAR 2002 by izenbei0> 

Review Markings: 

Declassified/Released 
US Department of State 
EO Systematic Review 
30 JUN 2005 



Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: PARAKOU-MALANVILLE ROAD LOAN 625-H-002 
TAGS: EAID, DM 
To: n/a 
Type: TE 
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